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Message Text 

UNCLASSIFIED 

PAGE 01 SANA 03017 041654Z 
ACTION AID-31 

INFO OCT-01 NEA-10 ISO-OO EB-08 IGA-02 OES-07 /059 W 

086888 041708Z/46 

P 030835Z AUG 77 

FM AMEMBASSY SANA 

TO SECSTATE WASHDD PRIORITY 1985 

UNCLAS SANA 3017 

E#0. 11652: NA 
TAGAS: AIDAC 

SUBJEJT: TAISSWATER AND SEWERAGE CONSTRUCTION PROJECT 0039 
REF: STATEK 174834 

1 . PER REFTEL PARA 1 A NWS A INFORMS THEY HAVE NOT 
RECEIVED FINAL VERSION IFB. MESSAGE SENT TO H&S 
TO INFORM THEM THIS SITUATION. NWSA WISHES TO 
REMIND NEED FOR SUFFICIENT TIME APPROVE IFB AND TO 
APPROVE SUCCESSFUL BIDDER. 

2. REGARDING LETTER OF REQUEST FOR PROJECT: NWSA 
INFORMEDMINISTER OF FINANCE AND MINISTER OF 
DEVELOPMENT HAVE RECENTLY BEEN IN WTU DHABI RE 
SUBJECT PROJECT AND THAT ABU DHABI APPRAISAL TEAM 
EXPECTED IN SANA WITHIN NEXT TEN DAYS. MISSION 
DOES NOT EXPECT LETTER PRIOR TO THAT TIME. 

3. INITIAL TALKS WITH NWSA RE USE OF PRIME CONTRACT REFTEL PA- 
RA l.C INDICATE NWSA'S OPPOSITION 

TO CONCEPT. NWSA ALSO STATES H&S HAD EARLIER 
ACCEPTED USE OF SEVERAL CONTRACTORS. MISSION FULLY 
SUPPORTS PRIME CONTRACTOR CONCEPT AND WILL PRESENT 
VIEWS IN MEETING SCHEDULED AUGUST 6. 

4. PER REFTEL PARA l.D(l) TRAINING COMPONENT 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 SANA 03017 041654Z 

DISCUSSED WITH NWSA WITH CONCLUSION THAT FUNDS IN 
GENERAL BE USED FOR ACADEMIC AND TECHNICAL TRAINING 
(MECHANICS, ELECTRICIA R) MOST PROBABLY IN EGYPT. 

DESIRE TRAINING COMPONEOZ REMAIN FLEXIBLE. HOWEVER, 

DUE TO NEED TO COORDINATE WITH OTHER TRAINING 
PROJECTS (028 AND ARAB FUND) NWSA CONTRACT ADVISOR 
(TCN LOOM CAIRO) WILL DEVELOP MORE SPECIFIC TRAINING 
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AND RECRUITMENT PLANS AND COORDINATE TRAINING 
ACTIVITIES V ALSO, USAID DELEGATION CURRENTLY IN CAIRO 
TO LOCATE TRAINING SITES AND REFINE COST FIGUES 
WILL ADVISE BY COB AUGUST 8. 

5. MISSION ENVIRONMENTAL ASSESSMENT BEING FINALIZED 
AND WILL BE HANDCARRIED ASAP. 

RANSOM 


UNCLASSIFIED 


NNN 
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